
DATE: 


BID NO. 
SUBJECT: 


OFFICE OF THE PURCHASING AGENT 
TOWN OF ARLINGTON 
730 Massachusetts Avenue 


Arlington, MA 02476 


August 10, 2015 


Telephone (781) 316-3003 
Fax (781)316-3019 


TO ALL BIDDERS 


15-31 


Columbarium Project/Mt. Pleasant Cemetery 

ADDENDUM NO. 1 


TO WHOM IT MAY CONCERN: 


With reference to the bid request relative to the above subject, please note the 
following: 

BID DEADLINE EXTENDED TO: AUGUST 27, 2015,10:00 AM 

SEE ATTACHED 


BIDDER MUST ACKNOWLEDGE ADDENDUM WITH SUBMISSION 


All other terms, conditions and specifications remain unchanged. 
Very truly yours. 

Town of Arlington 

Domenic R. Lanzillotti 
Purchasing Officer 
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ADDENDUM #1 

The following information modifies the bid documents dated July 10, 2015. Any and all 

requirements not specifically modified herein shall remain in full effect. The bid date has been 

extended to August 27 at 10 am. 

One bidder attended the Meeting: Nadeau Corporation sl@nadeaucorp.com 

1. A question was asked: how many sono-tube foundations are required: 5 at approximately 5’ o.c. 

2. Note that the Tree planting shown on L-1 are not part of the contract requirements. Planting is 
limited to the shrub plantings shown on L-5. 

3. Blair Hines noted that the covers are all flat pieces of stone with only the coping and base stones 
being cut to a radius. 

4. Other columbarium manufacturers may provide the cabinets. The requirements for “equal” include 
the concealed fastening system and a corrosion resistant cabinet fabrication. 

5. The Town will forward names of columbarium manufacturers who have received the plans. 
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